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CONSTRUCTION PROGRESS REPORT FOR 
MONTH OF 195 jL 

To be submitted (in duplicate) as of the first day of each month on 
all projects involving new construction, repairs, or alterations. If 
authorization has been received and work not yet commenced, report should 
be submitted, giving under "Date of Commencement", the known or estimated 
date when work will commence. 


STATSPEC p ro j ec -^ Title Location: 

STATINTL Contractor CJtBMHHHL-l Allotment No.: /o.3-Aft_nn1 

Date of Commencement: 13 1953 Scheduled Completion Date: 12 Pap, 1953 

/ ■ 4 . MhfluKtd to 1$ luMKrjr 1954 

Authority for, construction (identification of instrument authorizing work) : 


STATINTL 


Brief description, of work involved: 




Percent completed in various branches of work: 


OQ O 




Concrete* ' cement work 


Structural steel 4k 


Floor in 


Hardware 




TWIHilMTUU'M 1 IB 


Plumbin 


Heati 


Electrical 


Electric fixtures 


Approach work 


Other 


pel 


mi.. ** V« »* T *T-I 



Totals: 

Amount of contract, including additions and deductions 

Value of work completed to date 

Value of materials on site 

Value of materials in storage 

Total value of completed work and materials 

Total of partial payments to iJWjr 195 A_ 


See opposite side for instructions. 


.Signature) 
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1. This blank is an interim form to be used in 
reporting progress on all contracts involving expenditure 
of funds for construction, including alterations and re- 
pairs to existing structures and is intended to supplement 
the Real Property Report (Form No. 36-219 ) in affording a 
complete record of the Agency’s real property holdings, 

2. When no Agency technical representative is assigned 
to the project or to the station under whose jurisdiction 
the work is being done, the necessary information should be 
obtained from the appropriate representative of the Agency 
responsible for management of the contract. 

3. If various units of work under one authorization 
do not lend themselves to inclusion in one progress report, 
separate sheets should be submitted; e.g., when work under 
a given authorization is handled under two or more separate 
contracts. 
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Contract Chang# No, 1 Sea "Aporaach Work" above 


tt 

R 

It 

2 Conduit for Telephone 

1005S 

It 

It 

It ■ 

3 Trench Covers— Code Roaa #3 

100 % 

n 

» 

" 4 files. Panels M & R 

100JS 

R 

tt 

it j 
* 

> Credit on Acous. Tile 

100JS 

tt 

II 

w 6 Additional Fencing 

1003S 

tt 

tt 

» 7 

iidditional Turnouts in Entrance Road 

1005S 

» 

tt 

* 8 

Connect Battery Charger & Heater 

100£ 

tt 

tt 

« 9 

Bulletin Boards 

1005s 

ft 

tt 

* 10 

Trench Covers, Main Radio Roan 

100 % 

tt 

tt 

« n 

Erecting 5 Property Signs 

100 % 

tt 

tt 

H 12 

Elect, Work & P.H, Thresholds 

100 % 

tt 

tt 

a ^ 

Elect, Work— R aloe, of Compressor 

100 % 

tt 

tt 

H 14 

Cement Base Masonry Paint 

10036 

tt 

tt 

" 15 

Seeding 

ioojs 

tt 

tt 

" 16 

Relocation of Transfer Switch 

1003s 

» 

tt 

« 17 

Erosion Control 

ioojs 

H 

tt 

" 18 

Two Expansion Valves 

100 % 

tt 

tt 

« 19 

Corr. Ceilinpa & Fin, Heavy Equipment 





Storage Rom 

1003s 

1 * 

tt 

a 20 

Four Duplex Outlets 

100 % 

tt 

It 

B 21 

Four Gal, Clear Varnish 

100 % 

W 

It 

8 22 

150 l.f. Rubber Base 

100 % 

tt 

ft 

" 23 

Cone, Platform at Incinerator 

IOOJS 

H 

tt 

« 24 

150 Amp Circuit Breaker for Refrig. 





Compressor 

10056 

tt 

It 

" 25 

Three Door Stops 

1003S 
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